PIERS AND HARBOURS (IRELAND). 


RETURN to an Order of the Honourable The House of Commons, 
dated 9 May 1881 for , 


RETURN “showing how the Sums of 45,000 1. Voted by Parliament last 
Session for the Erection of Piers and Harbours, and 1 5,000 1. Locally 
and otherwise Contributed have been Apportioned among the Piers and 
other Works for which this Money was intended under ‘ The Relief of Distress 
(Ireland) Act, 1880’; which of such Works have been let to Contractors; 
the Amount of Contract in each Case and the Dates on which the Contractors 
are bound to complete each Work; also which of the Works have, been 
undertaken by the Board of Works and the Date of commencing each of 
them ; the Number of Men Employed upon each Work and the Progress 
towards Completion reached in each Case.” 


UlTici' of Public. Works, Dublin, 
Pi Muy 1881. J 


E. IT O R N S 1$ V, 

Secretary. 


(,l/r. Arthur (P Connor.) 


Ordered , by The House of Commons, to be Printed, 
24 May 1881 . 
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RETURN RELATING TO PIERS AND HARBOURS (IRELAND). 


RETURN allowing how the Sums of 45,000/. Voted by Parliament last Session for the Erection 
among the Piers and other Works for which this Money was intended under “ The Relief of 
of Contract in each Case and the Dates on which the Contractors are bound to complete 
Date of commencing each of them ; the Number of Men Employed upon each Work and 


1. 

2. 

D. 

4. 

6. 

6. 




No. 

•NAME or 1' I E It. 

COUNTY. 

To bo curried out by 

Apportionment 
ot tho 

Sum nr 40,000 /. 

Voted by 
Purtinnumr, and 

Amount 






or by Bourd of Works. 

Comrihutml 
Locally 
or Otherwise. 

of Contract. 







£. 

£. 

s. 

d. 


1 

Gleninagh ... 

Clare 

Board of Works 

1,200 

- 



1 

2 

Gowleen Tullig 

- „ 

- - ditto 

250 




2 

3 

Gowleen Ross - - | 

* .. 

- - ditto 

000 




3 

4 

Baltimore ... 

Cork 

Contractor 

4,000 

3,790 

- 

- 

4 

5 

Dumnanus - 

- „ 

- ditto • 

610 

526 

S 

4 

5 

C 

Gorrahies Reef 

* » 

Board of Works 

220 

- 



6 

7 

Mill Cove --- 

- 

Contractor 

700 

GOO 

- 

- 

7 

8 

Bunatralian - 

Donegal - 

Board of Works 

980 




8 

9 

Downies Bay 

- » 

Contractor 

6,800 

5,387 

13 

- 

9 

10 

Malin Beg ... 

- » 

- ditto ... 

1,100 

900 

- 

- 

10 

11 

Rannagh - - - 

- n 

- ditto ... 

1,200 

1,030 

- 

- 

11 

12 

Tawny - 

- „ 

- ditto ... 

900 

813 

- 

- 

12 

13 

Teelin .... 

- „ * 

- ditto - 

8,000 

7,000 

" 

- 

13 

14 

Bush .... 

Gulwuy - 

ditto - 

3,130 

2,080 

10 

_ 

14 

15 

Doolcen ... 

„ 

Board of VV orks 

2,000 

- 



15 

10 

Glennngevlagli 

„ 

Con true tor 

050 

550 

_ 

_ 

16 

17 

Inishlackan ... 

„ 

Bourd of Works 

000 




17 

18 

Leenaun ... 

* » 

- - ditto 

H00 




18 

19 

Oranmore ... 

» 

Contractor 

580 

510 

4 

6 

19 

20 

Poolnadhu (Ardmore) - 

- „ 

Board of Works 

1,400 




20 

21 

Roundstone - - - 

„ 

- - ditto 

2,000 

. 



21 

22 

Gleesk - 

Kerry 

Contractor 

1,350 

1,235 

8 

_ 

22 

23 

Glenlara ... 

Mayo 

Board of Works 

800 




23 

24 

Lackan .... 

- ,» 

- - ditto 

2,440 




24 

20 

Leckanvy ... 

- n 

- - ditto 

4,000 




25 

20 

Malluranny - 

- J. 

Contractor 

3,000 

3,850 

- 

_ 

26 

27 

Roonali --- - 

- „ 

Board of Works 

1,700 

. 



27 

28 

Tonatanvally - - - 

- „ 

Contractor 

2,020 

1,900 

_ 

_ 

28 

29 

Inishcrone - - - 

Sligo 

- ditto - 

2,110 

2,000 

- 

- 

29 

30 

Poolnadiwa - - - 

- „ 

- ditto - 

5,200 

6,000 

- 

- 

80 




Total - - - £. 

60,000 

38,543 

19 

10 



11 May 1881. 


ft 
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RETURN RELATING TO PIERS AND HARBOURS (IRELAND). 


3 


of Piers and Harbours, and 15,000 1. Locally and otherwise Contributed have been Apportioned 
Distress (Ireland) Act, 1880”; which of such Works have been let to Contractors ; the Amount 
each Work; also which of the Works have been undertaken by the Board of Works and the 
the Progress towards Completion reached in each Case. 



7. 

Superintendence. 

8. 

Date 

of commencing 
Work*. 

Date of 

Completion as per 
Contract. 

10. 

Avenge 
Numbor of 

now Employe! 
Daily. 

11. 

PROGRESS. 

] 

£. 

s. 

d. 

fi Doc. 1880 



38 

Half work done. 

2 




12 Dec. „ 



8 

Nearly one-third work done. 

3 

- 



13 Oct. „ 



16 

Nearly half work done. 

4 

210 

- 

- 

0 Oct. „ 

1 May 

1882 

22 

Nearly one-fifth work done. 

0 

84 

14 

8 

7 Mar. 1881 

1 Oct. 

1881 

11 

More than one-seventh work done. 

0 




- 



- 

Not commenced. 

7 

70 

- 

- 


1 Nov. 

1881 


- - ditto. 

H 

- 



- 



- 

- - ditto. 

I) 

212 

8 

- 

4 Oct. 1880 

1 May 

1882 

30 

More than ono-tenth work done. 

10 

140 

- 

- 

- 



- 

Not commenced. 

11 

130 

- 

- 

0 Doc. 1880 

1 Nov. 

1881 

37 

More than one-fourth work done. 

IS 

8« 

- 

- 

12 Aug. „ 

1 Sept. 

„ 

13 

Nearly nine-tombs of work done. 

13 

400 

_ 

_ 

18 Nov. ,, 

1 May 

1882 

17 

Works commenced; tools and materials 

14 

140 

10 


0An K . „ 

1 Sopt. 

1881 

38 

provided. 
Half work done. 

13 

. 



0 Don. „ 



30 

More than one-sixth work done. 

1(1 

100 

- 

- 

2fi Oot. „ 

l M»y 

1881 

10 

Nearly half work done 

17 

- 



21 Mar. 1881 


- . 

27 

One-sixth work done. 

IS 

- 



20 Nov. I 860 



27 

Nearly half work done. 

II) 

00 

15 

fl 

- 

l Nov. 

1881 


Not commenced. 

*20 

- 


. 

3 Jan. 1881 



28 

Ono-fourth work done. 

21 

- 



7 Doc. 1880 



34 

- - ditto. 

‘22 

114 

12 

- 

1 Nov. „ 

1 July 

1881 

31 

Nearly one-third work done. 

23 

- 



- 




Not commenced. 

‘24 




3 Sopt. 1880 



36 

Nearly half work done. 

26 

- 



13’ Sept. „ 

- 


62 

Nearly one-fifth work done. 

20 

260 

- 

- 

31 Aug. „ 

1 June 

1882 

2-2 

Nearly one-fourth work done. 

27 

- 



27Au K . „ 

- 

- 

22 

Nearly half work done. 

28 

120 

- 

- 

8 Sept. „ 

1 July 

1881 

16 

More than one-third work done. 

20 

no 

- 

- 

7 Sept. „ 

1 Jan. 

„ 

* 21 

Nearly half work done. 

30 

200 


- 

0 Oct. „ 

1 July 

1882 

28 

One-tenth of the work don e. 


2,400 

- 

a 

- 


- 

021 

21 per cent average. 


Rob. Manning, Engineer. 
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PIERS AND HARBOURS (IRELAND). 





(Mr. Arthur O’Cctnr.) 



Under 1 oz. 
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